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INFO OCT-01 EUR-12 ISO-00 FBOE-00 A-01 OC-06 CCO-00 
( ISO ) W 

125842 191451Z/46 

R 191202Z lUN 78 
FM AMCONSUL LENINGRAD 
TO SECSTATE WASHDC 4438 
INFO AMEMBASSY MOSCOW 
AMCONSUL FRANKFURT 


LIMITED OFFICIAL USE LENINGRAD 01775 

DEPT EOR A/SY/OPS/T, A/SY/OPS/FO, A/SY/NSU, A/FBO 
MOSCOW FOR RSO 
FRANKFURT FOR RSS, RTC 

E.O. 11652: N/A 
TAGS: ASEC.ABLD 

SUBJECT: LENINGRAD FIRE ALARM INSTALLATION 

1 . SEABEE PORTION OF INSTALLATION NOW COMPLETE WITH 
EXCEPTION OP CONNECTION OF WIRES TO MAIN ALARM PANEL AND 
SNAP-IN INSTALLATION OP SMOKE DETECTOR HEADS. 

2. UNLESS OTHERWISE DIRECTED, CEl MORROW WILL DEPART POST 
FOR WASHINGTON ON JUNE 24. CEC DICK WILL REMAIN FOR FINAL 
CONNECTION AND SYSTEM TURN-ON. TRAVEL ITINERARIES WILL 
FOLLOW WHEN CONFIRMED. 

3. PBO CONTRACT ELECTRICIAN PLANS DEPARTURE FOR PRAGUE 
ON JUNE 24. CONTRACTOR WORK SHOULD BE COMPLETED BY THIS 
DATE. 

4. POST UNDERSTANDS TENTIVE ARRIVAL OF HONEYWELL 
TECHNICIAN SCHEDULED FOR JUNE 26. REQUEST FBO ADVISE 
LIMITED OFFICIAL USE 
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POST OF FIRM TRAVEL SCHEDULE SOONEST AND IF POSSIBLE, 

THAT HIS ARRIVAL BE ADVANCED TO PERMIT SYSTEM CHECK-OUT 
PRIOR TO DEPARTURE OF CONTRACT ELECTRICIANS. 

BUCHANAN 
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